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a. On 1 March. Ifacs. Kiefer 


met vi tli 


of Pratt and Vhitney, Vest Balm Beach, Florida, for 
a review or the exhaust gas ionization additive program. The detail* of 
this meeting are co vered , in a separate neEtorapluBu 
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c. (hi 4 March, 
Lockheed 


Colonel deary reviewed Ms visits of the previous week to 
vith MT. Parangoaky sad the following items are 


worthy of particular attention: 

Cl) According to Geary, Mr. C. L. Johnson advised that he will retain 
the use of a Lockheed $>47 aircraft for OXCART until May and perhaps 
for an addi ti onal per iod of tin** , Therefore, there Is no Vwyd la tely 
ia$>eading requirement | [ ctr other airlift at this time. 

Colonel Geary raised the ques tion of utilising Iftward s Air force 


Base aa an OXCART operational site 


This is a 


rather surprising suggestion in view :;-.f colone l Nagy's m waorandum of 


25X1 


January i960 which reported that USAF endorsed 


as the OXCART 25X1 


operatlcsoal site. Colonel Geary now feels strongly about the expendi- 
tures for c onstruction required of the operational site" located at 
‘Comments The Security and Cover Branches are Being 
present their views on this matter.) 


requested 

that a decision mist soon he rendered on 




Colonel Geary feels 


versus Edvards Air 
Forc e Base In view of the long lead-time ooMtruction program require- 
ment 


25X1! 


d* On 4 Mar ch 


of Mlnnespoli s-Boneyvell Inertial Guidance 
Petersburg, Florida, met with ifr. Bissell and Messrs. Kiefer 

Irevleved the M-H OXCART 


Center, St 
and Perangoaky at Headquarters. 
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Inertial Navigation Syatem cost proposal a rod explained the price history 
of cost increases noted since the first proposal was submitted to Lcxskbeed. 


Mr. Bissell ashed 
vith a 30-pound wall 
the inf carnation by 


to furnish sdditlocal cost dat a associated 

Ivtll submit 


reduction in the equipment. 

March, In response to a request W 
a quick decision concerning the H-H proposal* Mr. Bisseli indicated 
he toped that a decision could he rendered before the end of the week* 
l.e.; 11 March* 


Jfor 

that 


e. Messrs. Kiefer and, 

7 March for the purpose of 


[ plan to visit Lockheed during the we ek of 
reviewing the A-12 Isltuafcion 


and courses of action being taken to cope with prooxem areas. 
t . The mx b OXCART suppliers meeting Is scheduled for £6 March at Lockheed. 


to Visit 

reviewing latest cost data pertaining to 
programs, this data is required for budgetary and plann i n g purposes 


| shortly for the purpose of 
IT 19&) end I96L construction 


h 

TBi 


icEt 


WQ Security Officer at Burbank* imported that a Lockheed 
a? Pel Bio told his supervisor at Lockheed that there was loose 
talk at Bel Bio about a CHALICE follow on program. Mr. C. L. Johnson was 
instructed to reca ll his Tao h. Rap. to Burbank ostensibly for eonsultetiaas 
in order to permit Ito debrief Mm. 


i, Islanding w»3cr OXCART decisions: award of the autopilot system* 
Inertial navigation and camera contracts. 


2. CJQRD15A: 


No significant activity. 
ARBOR : 



a. An ASGC9T matin* was held 


25X1 

lag were from IMBD, OSD, 


-mm 


Mhrch i960, fersconel attend- 
AMS, and Beadqueerters. Item 
of importance that were brought out during the meeting wes 

(1) Lens deliveries may cause a small slippage in the proposed first 
flight date of late July. 

(2) Fairchild i# experiencing difficulties in Manufacturing component 
parts for the camera* and deliveries from this area are indicating a 
f cur-week slippage in the proposed first fli#t date of late JUly* 

5.S. is also experiencing delays in deliveries of the Mark k and 5. 


•5:rr 
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b. ®be above slippages eatm being reviewed with all concerned this week 
in attempt to recover anticipated losses. 

e. Also to be reviewed this week are operational paranstera, exposure 
latitudes, m & procefstng requirements. 


6. CHALICE ; 

a. A report on the visit of 


Id Green to SAC Headquarters, concerning 


L- 

W8 


Lt» Col. 


of tJ&AF «d Mr. 


CHALICE product, is contained 
in the minutes of the X March H’D staff meeting. 

b. 12» semi-annual visit of c ontractor photo svgpervisory perscmnsX to 

is -olf oned to coaaence about 11 April i960 
of Hyeon, Mr. Edward Green of Xsstman 


and. 

de 


Detachments B 

ond will inglude 

Kodak and I |of ^rHn-Eier. ©» following items of special 

interest wtu ea reviewed: 


i 

MW* - * 


success in processing over 60,000 feet of high quality 


25X1 


( 1 ) , 

material is m~6k processors. 

(2) Condition of tracker equipment, check out and post flight procedures. 

(3) Status and condition of £ confiscation ndrrara. 

(h) ivaluatlon of special equipment personnel in present assigcnent. 
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CPF* 
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